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NOTIFICATIONS BY GOVERNMENT 


GOVERNMENT OF ANDHRA PRADESH 
ABSTRACT 


Water Resources Department - Godavari Delta System - Administrative sanction 
for (1)Formation of New Weir Channel from Km.3.300 to Km.6.100 and its Four 
branch channels in Mogalthuru Mandal of West Godavari District for an amount of 
Rs.2400.77 Lakhs (2) Improvements to Seshavataram Channel from Km.5.000 
to Km.8.925 by C.C. Lining & Widening from Km.3.350 to Km.5.350 and 
constructing tail dam at Km.8.925 in Narsapuram Mandal of West Godavari 
District for an amount of Rs.783.37 Lakhs - Orders - Issued. 


WATER RESOURCES (Projects-ll) DEPARTMENT 
G.O.Rt.No.2083. Dated: 18.11.2022. 
Read: 
From the Chief Engineer, Godavari Delta System, Dowlaiswaram, 
Lr.No.CE/GDS/DW M/OT-2/AEE-1/JTO/82Govt., dated: 18.10.2022 & 
01.11.2022. 


--00-- 
ORDER: 


The Chief Engineer, Godavari Delta System, Dowlaiswaram in the letter 
read above., while explaining the details and circumstances, has requested the 
Government, to accord Administrative approval for the following 2 No.of estimates 
pertaining to Narsapuram Assembly Constituency for an amount of Rs.3184.14 
Lakhs:- 


Sl. Name of the work Amount 
No (Rs. in lakhs) 


1 Formation of New Weir Channel from Km.3.300 2400.77 
to Km.6.100 and its Four branch channels in 
Mogalthuru Mandal of West Godavari District 

2 Improvements to Seshavataram Channel from 783.37 
Km.5.000 to Km.8.925 by C.C. Lining & 
Widening from Km.3.350 to Km.5.350 and 
constructing tail dam at Km.8.925 in Narsapuram 
Mandal of West Godavari District 


Total 3184.14 


2) After careful examination of the proposal, the Government hereby accord 
administrative sanction for an amount of Rs.3184.14 Lakhs (Rupees three 
thousand one hundred eighty four lakhs and fourteen thousands only) for the 
following 2 No.of estimates pertaining to Narsapuram Assembly Constituency, 
under Head of Account 4700 Capital Outlay on Major Irrigation -01 Major 
Irrigation - Commercial - M.H.114 Godavari Delta System - G.H.11 State 
Development Schemes — S.H (27) Canals and Distributaries -530 Major works- 
531 Major works:- 


Sl. Name of the work Amount 
No (Rs. in lakhs) 


1 Formation of New Weir Channel from Km.3.300 to 2400.77 
Km.6.100 and its Four branch channels in 
Mogalthuru Mandal of West Godavari District 


2  |lmprovements to Seshavataram Channel from 783.37 
Km.5.000 to Km.8.925 by C.C. Lining & Widening 
from Km.3.350 to Km.5.350 and constructing tail 
dam at Km.8.925 in Narsapuram Mandal of West 
Godavari District 


Total 3184.14 


3) The Chief Engineer, Godavari Delta System, Dowlaiswaram shall ensure 
the following before according technical sanction:- 


1 The correctness of provisions, quantities and rates proposed in 
the estimate. 


2 {The design/drawings shall be approved by the competent 
authority 


3 {Land value certificate shall be obtained from the Revenue Dept. 


4 (౩ per the revised Sand Policy of the Govt., the Sand rate shall 
be adopted. 

5 {The Chief Engineer is requested to submit the 3' Revised 
Estimate for the work “Formation of new weir channel from Km 


3.300 to Km 6.100 and its Four branch channels in Mogalthuru 
(M) of West Godavari District” duly including present proposed 
work through Engineer-in-Chief (Irrigation) before according 
‘Technical sanction. 


4) The Chief Engineer, Godavari Delta System, Dowlaiswaram shall take 
further necessary action in the matter accordingly. 


5) This order issues with the concurrence of Finance (FMU-W.R.II) 
Department, vide their U.O.Note.No.FINO1-FMUQMRAS (WR2)/140/2022-FMU- 
WR-II, Computer No. 1891658, dated: 18.11.2022. 


6) This order is available online and can be accessed at 
http://apegazette.cqq.qov.in. 


(BY ORDER AND IN THE NAME OF THE GOVERNOR OF ANDHRA PRADESH) 


SHASHI BHUSHAN KUMAR 
PRINCIPAL SECRETARY TO GOVERNMENT 
To: 
The Chief Engineer, Godavari Delta System, Dowlaiswaram. 
Copy to: 
The P.S to Secretary to Chief Minister. 
The P.S to Hon'ble Minister for Finance. 
The P.S to Hon’ble Minister for Water Resources. 
The P.S to Principal Secretary to Government (WRD). 
The Finance (FMU-WR.II) Dept., 
The Accountant General, A.P., Vijayawada. 
The Director of Works and Accounts, lbrahimpatnam, Vijayawada. 
Sf/Sc. (1293098) 


// FORWARDED::BY ORDER // 


SECTION OFFICER 


